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PR NO. <S-87-07- A7 


SPECIAL ORDINANCE NO. sA d K 





| AN ORDINANCE approving Change Order 
No. 2 (Final) for Resolution 403-84 - 

| Lathrop Street Storm Sewer, with 
Dailey Asphalt Company, in connection 
with the Board of Public Works 
and Safety of the City of Fort 

| Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 1. That Change Order No. 2 (Final) for Resolution 
403-84 - Lathrop Street Storm Sewer, with Dailey Asphalt Company, 
in connection with the Board of Public Works and Safety, for: | 
this Change Order and Final is 
necessary because the street re- 
surfacing is not going to be done 
by Contractor, instead to be done 
by Street Department; (also due 


to final measurements, some items 
and quantities have been decreased); 


| involving a net decrease of Four Thousand Six Hundred Ninety-One 
band 18/100 Dollars ($4,691.18), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety and is by reference incor-| 
porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 
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SANDRA E. SBNNEDY CITY CLER 
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SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the Cityn. Port | 


Wayne, Indiana, as (ANNEXATIO) PROPRIATION) ~ (GENERAL) 
(SPECIAL) (ZONING MAP) NCh (RESOLUTEON)— NO DDd ER 


on the EA day O£ Ceep h. 1AA 


ee EWA 


SANDRA E. KENNEDY, CITY CLERK - ; PRESTOTNG O 










Presented by me to the Navas of the City of Fort ce Indiana, 
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ae Er ima pis aha CITY CLERK 
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WIN MOSES, JR., MAYOR 


; cae a. | OD pte ae 
; 1s fs 


CHANGE ORDER 





Change Order No. > (Pinal) Resolution No.__403-84 
Project No. Board Order No. 127-84 
Name of Project — Lathrop Street $ Street Storm Sewer Date: P2228 
To: Dailey Aspha m 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 












TEASE Description of Change TERETA Change in Contract Price 
| Increase | 


See Attached 









Total Decrease 533 Hew es; eee 
Total Increase cia 621 557 
4,691.18 


The sum of $__4,691.18 is hereby (axtexkuxm (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 


Net (Decrease) Gizmexemsey Contract Price 


Original Contract Price 83,906.75 
Current Contract Price Adjusted by Previous Change Order qo Rae ioe: 


91.305. 
New Contract Price including this Change Order Oe 


$ 86,614.00 


The time provided for completion in the contract for this project is (unchanged) (increased) 


(decreased) by _N/A calendar days due to this Change Order. The date for completion 
of all work shall be N/A . Furthermore, this document shall become an 


amendment to the contract_and al} provisions of the contract shall apply hereto. 
Recommended by: R LL A A S Proje Engineer Date 
<r 7 

Accepted by: Yh VR th ew Contractor Date 
Approved by: Cara a an City Engineer Date Fi G -2 2 

i j N é - 
Appr Sede a a, Owner Date = £- 8 

"A Q 
© D OD. 


Attested os. “wr Date 783 / 





= ATTACHMENT TO, CHANGE ORDER 


l 


‘em [Quan | Description of Change | bee: ras 
A. Description Unit Price Decrease 








pi 


N 


22 L.F.| 21" RCP Class TEL w/"0" Ring 19.50 429.00 


L.F.| 21" RCP Class II "O" Ring Tack Welded 


3 20 L.F.| 18" RCP Class III "O" Ring 1700 340.00 -~ 





4 20 L.F.| 15" RCP Class III "O" Ring ; 13-75 275.00 


6 12: L:F: |- L22 RCP Class V 0" Ring : 14.00 168.00 


5 16 C.Y. | #53 - #73 Special Backfill for Street 12.00 


812.50 


570.00 
290.25 


1,196.00 


= 
oO 


932.00 





. Total Decrease 93912:7393 


Total Increase 


Net (Decrease) (ERZKZARE) Contract Price 


Increase 


130.00 


192.00 


54.57 


245.00 


621.57 


AEK | 
Admn. Appr. _ 


Change Order #2 (Final) for Res. 403-84 - Lathrop Street 
——— Storm sewer— 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 

SYNOPSIS OF ORDINANCE Change Order #2 (Final) for Res, 403-84, Lathrop 

—— ~ Street Storm Sewer is necessary because the street resurfacing _ 

_ ig not going to be done by Contractor, instead touwbe idone by n Gs: 
Street Department Dailey habbit is the contractor. 


(Also due to final measurements, some items and quantities have 
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TITLE OF ORDINANCE 




















been decreased 














To facilitate Completion of Project. 
EFFECT OF PASSAGE 


EFFECT OF NON-PASSAGE 


Decrease of $4,691.18 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) 


ASSTGNED TO COMMITTEE 


BILL NO. 


WE, YOUR COMMITTEE ON 


REFERRED AN 


No. 


5S-87-07-47 


CITY UTILITIES 


REPORT OF THE COMMITTEE ON : 
NR a a a A 


CITY UTILITIES 


ee a MM ae HOM WAS 


(ORDINANCE) (RESHXNTION). approving Change Order 


2 - (Final) for Resolution 403-84 - Lathrop Street Storm Sewer, 


with Dailey Asphalt Company, in connection with the Board of Public 


__Works and Safety of ‘the City of Fort Wayne, Indiana’ + 


Sa nae a eee E E ROA E E E 
r a So ce ane pgs ence i 


t 


p 





HAVE HAD SAID (ORDINANCE) (RESOXMMDON) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


` (RESGLEUBEON) 


YES. 





CONCURRED IN 


CHARLES B. REDD 
CHAIRMAN 


PAUL M. BURNS 
VICE CHAIRMAN 
THOMAS C. HENRY 


BEN A. EISBART 


SAMUEL J. TALARICO 


a MOE, 











SANDRA E. KENNEDY 
CITY CLERK 


